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Message Text 

UNCLASSIFIED 

PAGE 01 DAKAR 00393 I80952Z 
ACTION OC-06 

INFO OCT-OI AF-08 ISO-00 CCO-00 FBOE-00 SY-05 OCL-00 /020 W 

I8I0I1Z 076830/21 

R 180930Z JAN 77 
FM AMEMBASSY DAKAR 
TO SECSTATE WASHDC 7921 
INFO AMEMBASSY ABIDJAN 
AMEMBASSY MONROVIA 
AMEMBASSY ACCRA 

UNCLAS DAKAR 0393 

MONROVIA EOR ATO, ACCRA FOR RCO, ABIDJAN FOR RSO. 

E.O. 11652: N/A 

TAGS: ABLD, ASEC, ACOM, AESP 

SUBJECT: CONSTRUCTION NEW O.B., PROPERTY NO. 09522, INSTALLATION 
WORK. 

REE 76 STATE 232014 

1. RE PARAGRAPH 3 OP REFTEL, ESTIMATE EARLIEST START DATE FOR 
INSTALLATION WORK IN CC AREA MARCH 1ST. WILL CONFIRM DATE NO 
LATER THAN PEBRUARY 15TH. 

2. FOR RCO. ESTIMATE CABLE AND CABINET WORK CAN START MARCH 
15TH. WILL CONFIRM DATE NO LATTER THAN MARCH 1ST. REQUEST 
CONFIRMATION THAT WORK WILL BE INCREMENTED IN APPROXIMATELY 
ONE WEEK SEGMENTS. 

3. FOR RSO- ESTIMATE EXTERIOR CABLE WORK CAN START FEBRUARY 
15TH. RECOMMEND CABLE BE SHIPPED NOW. IF CABLES CAN BE 
INSTALLED PROM EXTERIOR POINTS WTO BLDG AND LEFT FOR RE- 
MAINDER OF INSTALLATION. 

4. POST PLANS TO OCCUPLY NEW FACILITY JUNE 15TH WITH 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 DAKAR 00393 180952Z 

ALL USG FACILITIES READY FOR OPERATION, SO THAT PRESENT POST OFFICE 
SPACE CAN BE COMPLETELY VACATED BY JUNE 20TH. 

AGGREY 


UNCLASSIFIED 
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Message Attributes 
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Capture Date: 01 -Jan-1 994 12:00:00 am 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Sent Date: 18-Jan-1977 12:00:00 am 
Decaption Date: 01 -Jan-1 960 12:00:00 am 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 -Jan-1 960 12:00:00 am 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1977DAKAR00393 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Expiration: 

Film Number: D77001 8-0207 

Format: TEL 
From: DAKAR 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1977/newtext/t1 97701 43/aaaablbr.tel 

Line Count: 58 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 

Locator: TEXT ON-LINE, ON MICROFILM 
Message ID: ad8147d5-c288-dd1 1-92da-001cc4696bcc 
Office: ACTION OC 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: 76 STATE 232014 
Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 27-Sep-2004 12:00:00 am 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
SAS ID: 3575229 
Secure: OPEN 
Status: NATIVE 

Subject: CONSTRUCTION NEW O.B., PROPERTY NO. 09522, INSTALLATION WORK. 

TAGS: ABLD, ASEC, ACOM, AFSP 
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